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Amendment No. 3 
Contract No. HP-B-5111B 


19 March 1957 


Baird-Atomic Inc. 
33 University Road 
Cambridge 38, Massachusetts 


Attention: Mr. Francis Chamberlain, Treasurer 
Gentlemen: 


1. This document constitutes Amendment No. 3 to Contract No. 
HF-B-5111B between Baird-Atomic Inc. and the United States Govern- 
ment and amends said contract as hereinafter set forth. 


2. Pursuant to the clause of this contract entitled "Changes" 
the Government requires that the Contractor furnish certain additional 
work and services in the performance of the contract. 


3. The Schedule to Contract No. HF-B-5111B is therefore amended 
as follows: 


a. In APPENDIX I of the Schedule add the following new 
item of work: 


"12. Design, develop and construct one (1) prototype 
mechanical navigational computer in accordance 
with the Contractor's technical proposal dated { 
February 28, 1957, which is on file with the 
parties hereto." 


b. Under the heading "DELIVERY" in APPENDIX I, add the 
following: . 


"Item 12 - Complete by 30 Supe 1957." 


4, All other terms, conditions, requirements and consideration 
of Contract No. HF-B-5111B remain unchanged. 


5. Please indicate your receipt of this Amendment No. 3 to Con- 
tract No. HF-B-5111B and your acceptance thereof by executing the 
original and two copies of this Amendment. _ Return the fully executed 
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original and one copy of this Amendment to the undersigned and 
retain the remaining copy for your files. 


Very truly yours, 
THE UNITED STATES GOVERNMENT 


25X1A 
By. 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
THIS 3rd_DAY OF ril 
BAIRD-ATOMIC INC. 


» 1957. 


BY -—. ar a Cee 
Francis Chamberlain 
Treasurer 
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